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Contract Wo. EC-1905 
Amendment Wo . 2 


19 JUN 1964 


The Firewel Company, Inc. 

3685 Broadway 
Buffalo , New York 

Gentlemen : 

1. This document constitutes Amendment No. 2 to Contract No. 
EC-1905 between The Firewel Company, Inc. and the United States 
of America. 

2. In accordance with the clause of this contract entitled 
"CHANGES" and mutual agreement between the parties hereto,, it is in 
the interest of the Government to amend the contract as follows: 

(a) The scope of work set forth in EXHIBIT "A" to the 
contract is further amended to include the changes and additions 
set forth in EXHIBIT "A" (Revision No. 2) attached hereto. 

(b) PART III - ESTIMATED COST AND FIXED-FEE, in the 
contract schedule as amended by Amendment No. 1 is deleted and 
the following is substituted therefor: 

"PART III - ESTIMATED COST AND FIXED -FEE 25X1 A 

a. The estimated cost of the performance of this contract 
_ _ . . . . exclusive of the fixed-fee, is T 

25X1 A 1 1 


25X1 A 


b. The fixed-fee for performance of this contract i s 


c. Notwithstanding the foregoing and in accordance with 
the provisions of Clause 47, LIMITATION OF GOVERNMENT'S OBLIGATION, 
in the General Provisions of this contract there has been allotted 
25X1 A to this contract the sum of I 1 for performance hereunder. 
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(c) In accordance with Clause 45 , NEGOTIATED OVERHEAD RATES, 
in the contract schedule the following rates have been established for 
the period indicated: 

Final Rates from inception through 30 November 19^3 : 


Engineering Overhead 
Manufacturing Overhead 
General and Admin. Expense 


(a) Applied to total direct labor dollars. 

(b) Applied to total costs excluding general 
and Admin, expense. 

Provisional Billing Rates used from 1 December 1963 to establishment 
of revised rates shall not be greater than the above final rates . 

3 . All other terms, conditions and requirements of Contract No. 
EC-1905, as amended, remain unchanged. 

4. Please indicate your receipt of this Amendment No. 2 to Contract 
No EC-1905 and your acceptance thereof by executing the original and 
two copies of this amendment. Return the fully executed original and 
one copy of this amendment to the undersigned and retain the remaining 
copy for your files. 


Very truly yours. 
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ACKNOWLEDGED AND ACCEPTED 
THE h TOY TNG. 


BY 


TITLE President 



Contracting Officer 
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DATE 26 June 1964 
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EXHIBIT "A” 
(Revision No. 2) 


The Contractor shall incorporate the following additional itpm? 
xnto certain vans required under the contract as dfrected by the 
Contracting Officer’s representatives: Decompression capability for 
altitude chambers. Mo-medical leads and harnesses, safety coJb 
additional oxygen and intercom outlets in altitude chambeJ, transport 

Sd lights ^etc ’ i° n ca P abilit y including draw drapes, 

red lrghts, etc. The Contractor shall ship certain transport vans 

nsignees as designated by the Contracting Officer's representative. 


Total Estimated Price 


The Contractor shall be allowed certain cost overruns including 

SSdl r iSrT t alr units per Proposal 

dated 5 June 1964. and overhead adjustments experienced in the 
performance of this contract. 
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Total Estimated Cost 
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